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BILL NO. S-87-08-“(> 
SPECIAL ORDINANCE NO. S- RXZ- J 
AN ORDINANCE approving the Contract 
for Res. 6099-87 - Maple Place, 
Curbs, Walks, Driveways and Street 
Light Restoration, Bond Issue II, 
between Spears-Dehner, Inc., and 
the City of Fort Wayne, Indiana, 


in connection with the Board of 
Public Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That the Contract for Res. 6099-87 - Maple 
Place, Curbs, Walks, Driveways and Street Light Restoration, 
Bond Issue II, by and between Spears-Dehner, Inc., and the City 
of Fort Wayne, Indiana, in connection with the Board of Public 
Works and Safety, for: 
the improvement of Maple Place 
from Maple Avenue to its Northern 
terminus by constructing new curbs, 


driveways, sidewalks where required 
and restoring street lights; 


the Contract price is Twenty-Three THousand Two Hundred Forty-One 
and 70/100 Dollars ($23,241.70), all as more particularly set 
forth in said Contract, which is on file in the Office of the 
Board of Public Works and Safety and, is by reference incorporated 
herein, made a part ‘hereof, and is hereby in all things ratified, 
confirmed and approved. Two (2) copies of said Contract are 
on file with the Office of the City Clerk and made available 
for public inspection, according to law. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 
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SANDRA E. KEN) ERK 
Passed and adopted by the Common Council of the City of ROLES 
Wayne, Indiana, as (A) 


(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) No. (aN IS 2 
on the SAF 2a day of eZ, à : Pam Be) E ei 
RE sce cee lice he ka (KAMA oo PA re 


y ATTEST: | (SEAL). 
SANDRA E. KENNEDY, CITY CLERK _ PRESIDING OFFICER | DAJE 


Presented by me to the Kader of the city of Fort Wayne, Indiana, 






on the SG day of Pe: Be KOG 
at the hour of IK OR o'clock (MASE S. S, 
(He nr ts Ke wm MEEA a 






SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this Sher aay of it , 
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19 T, , at the hour of a o'clock } 2Mo7E.S.T. 


WIN MOSES, JR., MAYOR 
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IMPROVEMENT RESOLUTION 





NO. 6099-87 





RESOLVED BY THE BOARD OF PUBLIC WORKS AND SAFETY OF THE CITY OF 
FORT WAYNE, INDIANA, 


That it is deemed necessary to improve MAPLE PLACE FROM MAPLE 
AVENUE TO ITS NORTH TERMINUS by constructing new curbs, drive- 
ways, Sidewalks where required and restoring street lights 

all in accordance with the profile, details, drawings, and 
specifications on file in the office of the Department of Public 
Works and Safety of said City; and such improvement is now 
ordered. 


The cost of said improvement project shall be paid and shared by 
the City of Fort Wayne and by benefited property owners through 
Barrett Law assessment and shall be assessed as follows: 


Curbs, driveways, sidewalks shall be assessed sixty percent 

(60%) on the real estate abutting on said improvements as above 
described and forty percent (40%) on the City of Fort Wayne, 
Indiana. 


Restoration of existing street lights will be 100% City paid. 


The property holders share of said improvement shall be appor- 
tioned against and paid by the said property owners benefited by 
said improvement, all according to the method and manner provided 
for in an Act of the General Assembly of the State of Indiana, 
and the provisions of all Acts amendatory thereto and supplemen- 

tal thereof. 


Assessments if deferred are to be paid in ten equal installments 
with interest at the rate set by the Board of Public Works and 
Safety per annum. A bond or bonds shall be issued to the contrac- 
tor in payment of such work, unless the property owners pay said 
assessments before said bond or bonds are issued. Under no 
circumstances shall the City of Fort Wayne be or be held respon- 
sible for any sum or sums due from said property owner or owners 
for said work, or for the collection of the same, or for the 
payment of any bond, bonds, certificate or certificates, issued 
to said contractor in payment for such work, except for such 
moneys as shall have been actually received by the City from the 
assessments for such improvement, or such moneys as said City is 
by said above entitled act required to pay. 


All proceedings and any work done on said improvements, assess- 
ment of property, collection of assessments and issuance of 
Bonds, therefore, shall be as provided for in said above-entitled 
acts and all amendments thereto and supplemental thereof. 


Adopted, this _ <% day of HAS Maat he 
5 


BOARD OF PUBLIC WORKS & SAFETY 





Baron R. Biedenweg, Director 
o public 
D . 


osette /fR. Simon, 
of Finance 


Y 


Lawrence D. Consalvos, Director 
of Public Safety 


















Director 





ATTEST: 1 
Secretary and Clerk 


NOTICE OF AWARD 


TO: Spears-Dehner, Inc. - 





1212 Clark Street - 





Ft. Wayne, IN 46856 





PROJECT DESCRIPTION ` Res. 6099-87 := Maple Place - Curbs, Sidewalks, 
auala U UU 


Driveways, Street Light Restoration (Bond Issue ID 


The OWNER has considered the BID submitted by you for the above-described 
WORK, in response to its advertisement for bids dated i 





You are hereby notified that yow BID has been accepted for items in the 
amount Ofe S 295 247 Or ZA VEOMA 


You are required to furnish Contractor's Performance and Guaranty Bond, 
Payment Bond and Certificate of Insurance within ten (10) calendar 
days from the date of this Notice to you. 


If you fail to execute said Agreement and to furnish said bonds within 
ten (10) days from the date of this Notice, said OWNER will be entitled 
to consider all your rights arising out of the OWNER'S acceptance of 
your BID as abandoned and as a forfeiture of your BID BOND. The OWNER 
will be entitled to such other rights, as may be granted by law. 


You are required to return an acknowledged copy of this NOTICE OF 
AWARD to the OWNER. 


Dated this“ Z9tMay Of aly oS Oe 7. 


MAYO O ORT WAYNE OWNER 
City of Fort Wayne 


Win C. Moses, Jr. 


MEHA. 
ract Compliance 
ACGEPTANCE OF NOTICE 









; Member $- 
Receipt of the above NOTICE OF AWARD / 
is hereby acknowledged by ` 

Lawrence D. Consalvos, Member 





5 BI D CONTRACTOR: SPEARS-DEHNER, INC. 


PROJ : MAPLE PLACE - SIDEWALK RES. NO: 6099-87 











ITEM |} ITEM | QUANTITY|UNIT|UNIT COST} AMOUNT 
NO. | f | ($) 7 ($) 
1. |Curb Removal | 6022) Less! | 
NE pop | 10001 60.00 
2. |Concrete Removal | 500 ISYY <] | 

| | PCI | 4.30—|_ 2,150.00 
3. |Remove & Replace Type I-C Catch | 2 [EA } | 

|Basin | vel | 2220.00 | 4,440.00 
4. |6" Curbface Walk Incl. Drive | 3970 [SF] | 

| Approach | | | Bel}, | 12,505.50 
oT 4" Walk 280 |SF 

| 7 : 956 7 714.00 
6. |6" Wingwalk with ramps | 240 |SF | | 
—— | | | 315 756.00 
7. |6" Concrete Drive | 80 [SY z] | 

| | |; 26.50 [12,120.00 2 

8. | Lype ITI- Curb | 60; FLE c] | 

| | | | 5-00 | 300.00 
9. |Seed, Mulch & Fertilizer | 218 SVI | 

| | | 


| 0.90 | 196.20 


e 


TOTAL: 23,241.70 
SHEET- TROF I 


Note: Contractor will be paid on measured quantities only at unit price bid 


In submitting this bid, it {s understood, that the right is reserved by 
the Owner to reject any and all bids, and to waive any defect in any 
bid. 


IN WITNESS WHEREOF, the bidder (a firm) by its owner(s) named below, 
hereunto set hand(s) and seal this day of 


pee O S E, 


FIRM RAE Ue 


BY; ee a a Nm NE E 


ADDRESS = n NN 





TELEPHONE: 





IN TESTIMONY WHEREOF, the bidđer (a corporation) has caused this 
proposal to be signed by its Presiđent and Secretary, and, affixed its 
corporate seal this end day oft aS eee re ao BY. 


== 


SPEARS-DEHNER, INC. 
NAME OF CORPORATION 


SUS 


PRESIDENT 








BY: 






Don G. Spears 


; 1212 Clark Street : 
Fort Wayne, Indiana 46856 





\ TELEPHONE: 219-423-1616 


ATTEST: 





Gerald G. Dehner, Secrefary 





NOTE 1: 
Use this form, if Cashier's or Certified Check accompanies bid: 
Enclosed herewith, find Cashier's or Certified Check for $ 





being 5_% of the maximum bid herein, made payable to: 
THE CITY OF FORT WAYNE, INDIANA 


the proceeds of which, are to remain the absolute property of said 
“City, if 
BIDDER © 


shall not within _10 days after Notice of Acceptance of the within 
bid, enter into a written Contract, and secure said contract by a 
Performance Bond, for the full amount of the Contract to the approval 
of the proper officials of said City. = 


z ET ema SG MAO OTON 


NOTE 2: 





Use this form, if Bidder's Bond accompanies bids. 


Enclosed herewith, find a Bidđer's Bond in an amount equal to five (5%) 
per cent of maximum bid herein, subject to the approval of the Board of 
Public Works and Safety, conditioned as follows: 


That if the Board of Public Works and Safety shall award 


the Contract for said work, and, if ___Spears-Dehner, dnc., >= 
Fort Wayne, Indiana : . 
BIDDER 


shall enter into a Contract and furnish a 100% Performance Bond, 
as reguiređ, within ten (10) days from the date, he/she/it is 
notified of the acceptance of his/ner/its bid, then the obligation 
of said bond shall be null and void; otherwise, to remain in full 
force ana effect. ; ; 


TO BE EXECUTED BY BIDDER AND SURETY COMPANY BEFORE DEPOSITING BID 
. BIDDER'S BOND 


KNOW ALL MEN BY THESE PRESENTS: 


That, we, Spears-Dehner, Inc. | as principal, and 
United States Fidelity & Guaranty Co. of Baltimore, Maryland 


and . 
PL EG SARE NET VR Ae ANAT SE RT GEE ET a EPR UE a EEr E a r a OEE DS ERIE 1 
as sureties, are held and firmly bound unto the City of Fort Wayne, 


Indiana, in the sum of 
FIVE PER CENT OF MAXIMUM BID 


DOLLARS. ($ 7% OF MAXIMUM BID ), to be paid to the 


said City of Fort Wayne, Indiana, or its successors or assigns, for the 
payment of which, well and truly made, we hereby bind ourselves, our 
heirs, successors, executors and administrators, jointly and severally, 
firmly by these presents. 


SIGNED AND SEALED at -Fort Wayne, Indiana = > 79) this 22nd 
Gay of st. uly ee 19%, 


The condition of this obligation is such that if the accompanying bid 


or proposal of Spears-Dehner, Inc., Fort Wayne, Indiana 


made this day to the City of Fort Wayne, State of Indiana, is accepted, 
and, the Contract awarded to the above bidder, and, the bidder shall, 
within ten (10) days after such award is made, enter into a Contract 
with the City of Fort Wayne, State of Indiana, for the work bid upon, 
and, give bond as required; then this obligation shall be null ana 
‘void; otherwise, it shall remain in full force and effect. 


SIGNED at Fort Wayne, Indiana 





this (2nd Gay of U July 9998 ag 87) 3 
Spears-Dehner, Inc. ` United States Fidelity & Guaranty Co. 
PO Boxe 6, 1212 Clark Street 


Fort Way ndiana 
es | 


PRINCIPAL 4resident 





attached. 


CERTIFIED COPY 
GENERAL POWER OF ATTORNEY 


See e eer erere ser erereeeereseseesesesass 


Know all Men by these Presents: 
That UNITED STATES FIDELITY AND GUARANTY COMPANY, a corporation organized and existing under the laws of the 
State of Maryland, and having its principal office at the City of Baltimore, in the State of Maryland. does hereby constitute and appoint 


Gerald A. Dahle, John J. Pikel, Donald T. Belbutowski and Diane T. Green 


of the City of Fort Wayne .Stateof Indiana ; 
its true and lawful attorneys in and for the State of Indiana 


for the following purposes, to wit: 

To sign its name as surety to, and to execute, seal and acknowledge any and all bonds, and to respectively do and perform any and 
all acts and things set forth in the resolution of the Board of Directors of the said UNITED STATES FIDELITY AND GUARANTY 
COMPANY, a certified copy of which is hereto annexed and made a part of this Power of Attorney; and the said UNITED STATES 
FIDELITY AND GUARANTY COMPANY, through us, its Board of Directors, hereby ratifies and confirms all and whatsoever XBEX@ixIX 
anyone of the said Gerald A. Dahle and the said John J. Pikel and the said Donald T. 


Belbutowski and the said Diane T. Green 


may lawfully do in the premises by virtue of these presents. 
In Witness Whereof, the said UNITED STATES FIDELITY AND GUARANTY COMPANY has caused this instrument to be 


sealed with its corporate seal, duly attested by the signatures of its Vice-President and Assistant Secretary, this 27th day of 


November ,A.D.1985 
UNITED STATES FIDELITY AND GUARANTY COMPANY. 


(Signed) __—By...We Bradley Wallace fo AL 
Vice-President. 
(SEAL) 
(Signed) EJON As CR See Re ae eR 
Assistant Secretary. 
STATE OF MARYLAND, 
ss: 
BALTIMORE CITY, 
On this 27th day of November , A. D. 1985 , before me personally came 
W. Bradley Wallace , Vice-President of the UNITED STATES FIDELITY AND GUARANTY 
COMPANY and John A. Umberger , Assistant Secretary of said Company, with both of 
whom I am personally acquainted, who being by me severally duly sworn, said that they, the said W. Bradley Wallace 
and John A. Umber were respectively the Vice-President and the Assistant Secretary of the said UNITED 


STATES FIDELITY AND GUARANTY COMPANY, the corporation described in and which executed the foregoing Power of Attorney; 
that they each knew the seal of said corporation; that the seal affixed to said Power of Attorney was such corporate seal, that it was 
so fixed by order of the Board of Directors of said corporation, and that they signed their names thereto by like order as Vice-President 
and Assistant Secretary, respectively, of the Company. 

My commission expires the first day in July, A. D. 19.86... 


(SEAL) (S leneđ) nae A uae sea SaS e a A Er aA aek cee sain IE U Maceo: 
Notary Public. 
STATE OF MARYLAND } Sib 
ct. 
BALTIMORE CITY, 
I, Saundra E. Banks , Clerk of the Circuit Court for Baltimore City, which Court is a 
Court of Record, and has a seal, do hereby certify that t M. Hurst , Esquire, before 


‘whom the annexed affidavits were made, and who has thereto subscribed his name, was at the time of so doing a Notary Public of the 
State of Maryland, in and for the City of Baltimore, duly commissioned and sworn and authorized by law to administer oaths and take 
acknowledgment, or proof of deeds to be recorded therein. I further certify that 1 am acquainted with the handwriting of the said 
Notary, and verily believe the signature to be his genuine signature. 

In Testimony W hereof, I hereto set my hand and affix the seal of the Circuit Court for Baltimore City, the same being a Court 
of Record, this 27th day of November ,A.D.1985 
(SEAL) feo Jamaal ed.) 7 E AA Wi irene ir ard A scare ce a S ar Ca 

Clerk of the Circuit Court for Baltimore City. 


UNTI 
omneo 


FS 3 (1-83) 
usa 


NON-COLLUSION AFFIDAVIT 
The Bidder, by its Officers and Donald G. Spears ` 


agents or representatives present at the time of filing this bid, being 
duly sworn on their oaths, say that neither they nor any of them have 
in any way, directly or indirectly, entered into any arrangement or 
agreement with any other bidder, or with any public officer of such 
City of Fort Wayne, Indiana, whereby such affiant or affiants or either 
of them, has paid or is to pay to such other bidder or public officer 
any sum of money, or, has given or is to give such bidder or public 
officer anything of value whatever, or such affiant or affiants or 
either of them has not directly or indirectly, entered into any 
arrangement or agreement with any other bidder or bidders, which tends 
to or does lessen or destroy free competition in the lettering of the 
Contract sought for by the attached bids, that no inducement of any 
form or character other than that which appears upon the face of the 
bid will be suggested, offered, paid or delivered to any person, 
whomsoever to influence the acceptance of the said bid or awarding of 
the Contract, nor has this bidder any agreement or understanding of any 
kind whatsoever, with any person whomsoever to pay, deliver to, or 
share with any other person in any way or manner, any of the proceeds 
of the Contract sought by this bid. ) ; 5 








Subscribed and sworn to before me by _ Donald G. Spears. 


this md day of UY ee is. 


My Commission Expires: anergy A te. ents 
; : : Henry G. LaMaster 
POC Va NON | NOTARY PUBLIC 
Resident of Allen County, IN 











Subscribed and sworn to before me by 





this of IIO ‘ 


_—_ 


My Commission Expires: (ne SN aie Soe ge ect A 


NOTARY PUBLIC 
Resident of County, IN 


Subscribed and sworn to before me by 





— 


this day of ke A 


My Commission Expires: 





NOTARY PUBLIC 
Resident of County, IN 





CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 


I; Donald G. Spears Š , the President of 
Name 
, the SPEARS-DEHNER, INC. 
Position - Company 


HEREBY CERTIFY! i 
I. That the Financial Statement of said Company, dated the _30th_ day 


of November ; 19 86_, now on file in the office of the 


Board of Public Works & Safety of the City of Fort Wayne, Indiana, 
which Financial Statement is by reference incorporated herein and 
mađe a part hereof, is a true and correct statement, and, 
accurately reflects the financial condition of said Company, as of 
the date hereof; and, 


2: That I am familiar with the books of said Company, showing its ; 
financial condition and am authorized to make this Certificate on 
its behalf. 


; i i PA 3 s 
DATED___ July 22, 1987 A 
a Ca ( 


_— a a 


Signature 


President 
Title 


SUBSCRIBED AND SWORN to before me, a Notary Public, in and for said 
County and State, this 22nd day of Jul 2 a9 87 


es 


Henry G.” LaMaster 


NOTARY PUBLIC i 
Resident of_Allen County, IN 


My Commission Expires: 


April 17, 1988 


MBE/WBE COMMITMENT FORM 
THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE NPRANĐE GOALS OF 
THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 
A. N/A The undersigned firm certifies that it is an MBE/WBE 
Contractor (cross out inapplicable provision). 
For MBE specify percentage of minority ownership %. 


For WBE specify percentage of women ownership $. 





B, N/A The undersigned certifies that they are a joint venture 
in which the following (MBE/WBE) firm 
(cross out inapplicable provision) is a joint venture 
partner. 





The MBE/WBE firm (cross out inapplicable provision), 
shall have % participation (employees) % 
participation (costs) in this project. 


Specify the percentage of minority/women ownership in 
the MBE/WBE firm ___%. (Cross out inapplicable 
provision.) 


C. The undersigned commits l_% of the total bid price as 
a subcontract to minority business enterprise 
participation. The MBE firms, which are proposed as 
subcontractors, are the following: 


NAME OF FIRM ADDRESS TYPE OF WORK 
1. Summit Barricade Co. 2205 Taylor St. Traffic 
de. ; Ft.Wayne, IN 
3. i 
SED The undersigned commits _0 $% of the total bid price as 


a subcontract to women business enterprise 
participation. The WBE firms, which are proposed as 
subcontractors are the following: 


NAME OF FIRM ADDRESS TYPE OF WORK 
1. 


Je 
3. 


E. Complete (1) and (2) below if participation goals of 7% MBE 
and 2% WBE have not been met. ) 


1. My Company cannot meet the participation goals for the 
`- following reasons: 


a ee 
(i fe en eee ee a ee EI om 


2: We have taken the following steps in an attempt to 
comply with these participation goals: i 
El) TR EEI IA S NR ee 
Me Soe EK SET SE O e a 
NSE RIE PUT SET ET DE BR SE 
IS TE de ANE MG DE JET ET a DR NT 


(Attach additional sheets as necessary.) 


Contracto Spears-Dehner, Inc. Contractor 
f = La i eA TARE Pjer oa 
By WA GLE By : , 
S E ; . 


Donald G, ‘Spe 


\ 


ite President 4 Its 





"MINORITY/FEMALE HOURLY UTILIZATION" 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE HOURLY 


UTILIZATION. 


A. The undersigned firm certifies that it will employ and 
utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females, so that 
minorities and females will work at leasti7 % of the total hours 
worked on this project. 


SE. Complete (1) and (2) below if the hourly utilization figure 


set forth in 


YA" dis less than 17%. 






























i. My Company and its subcontractors cannot meet the 17% 
minimum hourly utilization figure for the following 
reasons: 

2s My Company has taken the following steps in an attempt 
to comply with the 17% hourly utilization figure: 
ca i kt ei A NS agi. las a es eT 
(Attach additional. sheets, if necessary.) | 
aa dy 

CONTRACTOR: SPEARS-DEHNER, INC. ; 

Kot AT So P.O. Box 11246, 1212 Clark Street - 

Fort Wayne, IN 46856 

By 





Donald#/G. Spears 


Its Vt Nees ident 


It is the policy of Spears-Dehner, Inc. that 
(Company) 


equal employment opportunity be afforded to all qualified persons 
without regard to race, religion, color, sex, or national origin. 


In support of this policy Spears-Dehner, Inc. will not 
a (Company) 


discriminate against any employee or applicant for employment 
because of race, religion, color, sex, or national origin. 


The Spears-Dehner, Inc. will take affirmative action 
(Company) 


to insure that applicants are employed and that employees are 
treated during employment without regard to their race, religion, 
color, sex, or national origin. Such action will include but 
not be limited to: 


RECRUITMENT, ADVERTISING OR SOLICITATION FOR EMPLOYMENT, 
HIRING, PLACEMENT, UPGRADING, TRANSFER OR DEMOTION, SELEC- 
TION FOR TRAINING INCLUDING APPRENTICESHIP, RATES OF PAY OR 
OTHER FORMS OF COMPENSATION, LAYOFFS OR TERMINATION, ` 


(Name of Company) —_ 


CLL 
(Signature of Company Official) 
Donald G. Spears, President 





(Date) 


STREET BARRICADE MAINTENANCE INFORMATION 


Listed below are the names and telephone numbers of 
the persons responsible for the maintenance of the barricades 
necessary for the duration of this contract. 


NAME 





Mark Spears 


Henry LaMaster 
KR is AS VN aT ee ck et ae a ae NE 


Summit Barricade Co. 


Resolution No. _ 6099-87 


TELEPHONE NUMBER 


489-2755 
423-1616 


SS mn 


432-2899 


. Spears-Dehner, Ipc. 
Contractor 


PERONA 
Admn. Anbr. 


Contract for Res. 6099-87 - Maple Place, Curbs, Walks, 
S; Driveways & St. hight Restoration, Bond issue- ki — 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


‘ 


‘TITLE OF ORDINANCE 








SYNOPSIS OF ORDINANCE The Contract for Improvement Resolution 6099-87 - 





is for the improvement of Maple Place from Maple Avenue to its 











Northern terminus by constructing new curbs, driveways, sidewalks 





where required and restoring street lights. 








Spears-Dehner is the Contractor. 





EFFECT OF PASSAGE Improvement of above area. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) 3237260. 70 


ASSTGNED TO COMMITTEE 


BILL NO. S-87-08-16 ; 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 
re RE NE 


REFERRED AN (ORDINANCE) (RESDXXHXOX). approving the Contract 
for Res. 6099-87 - Maple Place, Curbs, Walks, Driveways and 
Street Light Restoration, Bond Issue oC, between Spears-Dehner, 
Inc., and the City of Fort Wayne, Indiana, in connection with the 


Board of Public Works and Safety 


4 


HAVE HAD SAID (ORDINANCE). (RESODUBEON) UNDER CONSIDERATION AND BEG 


"LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


( RESQEGREQN 


YES == 








a 


SAMUEL J. TALARICO 
CHAIRMAN Beg ae eT eee ee ee 
RA ty te T G. BRADBURY 

VIge CHAIRPERSON REAR EZ er cre FE 





PAUL M. BURNS 
m a 


Y. LM JAMES S. STIER eG Le Teer Se ee 1 


= az E LKL CHARLES B. REDD 
CONCURRED IN d SI a7 SANDRA E. KENNEDY 


CITY CLERK 


